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BILL NO. S-73-04-"^-i> 



SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order No . 1 
with Hipskind Asphalt Corporation in 
connection with Sanitary Sewer Improve- 
ment Resolution No. 857-1973 in Trixholme 
Addition. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: f 

SECTION 1. That Change Order No. 1, with Hipskind 
Asphalt Corporation, in connection with Sanitary Sewer Improvement 
Resolution No. 857-1973, for the use of ARMCO Truss Pipe in 
place of V.C.P. or R.C.P. as set out in specifications, resulting 
in a savings of $4,000.00 on contract, is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 



APPROVED AS TO PORfi 

AND l EGA! H Y 



seconded by 


Read the first time in full and on motion by 

and duly adopted, read the second time by title and referred 


to the Committee on 


_ ( and_±fee-'6Tt^~Plan 


Coimiissien-fer^^ to be ^ld^HeF^ns-^egal-^etipe , 

the 


iday of 


197. 


.5 at. 


v ^l^ie«fe-ftrMT7E7STT . 
Dates 



Read the third time in full and on motion by 



seconded by_ 




-> and duly adopted, placed on its passage. 




Passed (JjggT) by the following vote: 

AYES / NAYS fj 

BURNS 
HINGA 
KRAUS 
MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

STIER 
TALARICO 
DATE: 


ABSTAINED 


ABSENT 


to-wit : 


yiadkL 73 


T? 


-■'yf- 






± 2 ^ 


CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne % Indiana, 
as ^ 2 ©Mss-MarB 4 -- 4 -G«seral)— lAnnescatiorO (Special) {Appropriation) Ordinance 




(RestJOTETonJ" No._ 


</>'-73 


________ on the dav of . - 319.7 

ATTEST: (SEAL) 


Hi 




-- 4 - 







J^j£> , v .. .. 


day of 


CITY CLERK - PRESIDING' OFFICER A '’X.' 

V * ‘ - f 

' ->>-<-■ ✓ 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 

^ at the hour off^- o 1 clock 



197. 


1 M..E.S.T. 


<• 






CITY CLERK 


at the hour of 


o ' clock 



PUBLIC WORKS 



Bill No, 


S- 73-04-05 


We 9 your Committee on 


REPORT OF THE COMMITTEE ON 


Public Works 


to whom was referred an Ordinance 


approving Change Order No, 1 with Hipskind Asphalt Corporation 

in connection with Sanitary Sewer Improvement. Resolution No. 

857-1975 in.Trixhqlma^ditijm-^ 


have had said Ordinance under consideration and bee leave to report back to the Common 

Council that said Ordinance ' PASS. 

James S. Stier - Chairman 


Eugene Kraus, Jr. 


¥i ce - Chairman 


Samuel J. Talarico 


William T. Hinga 


Vivian G. Schmidt 



DATE. 




CONCURRED IN 

CHARLES W. WESTERMAN, CITY CLERK' 


Foht Wayne 2. Indiana 



B„ 0 o 91-70 

Phil Boiler. WPC Engineer 



Dafa 


March 13, 


1973 


$u bjac f. Resolution 857. Trixholme Addition 


t*r 


The Board has approved your request to allow Hipskind Asphalt Corporation to use 
ARMCO Truss Pipe in lieu of specified V„C„P„ or R.C.P. on above project. I believe 
this will require a Change Order. 

In reference to changing bonding period from three (3) to five (5) years, the bond 
has already been signed and an attachment signed by Hipskind and the insurance 
company will be needed. 

Please proceed with the necessary paper work to accomplish your recommendations. 
BOARD OF PUBLIC WORKS 



EIS-.BT 


Attached: Copy of memo 

Signed - - — 


Rap'fyi 

March 23, 1973 
Gentlemen: 


Attached you will find Change Order No. 1 for the. above captioned project, ^hich is. a 
lump sum deduction from the Contractor's bid, for the use of ARMCO Truss Pipe in lieu 
of the specified V.C.P. for your review and approval. 


Also, a two-year extension of their Maintenance Bond for the project, as required for 
approval of this new product. . 


Sincerely yours,' 

.'■si-O'-v 1 j < ( - 

Philip R. Boiler, P.E., Chief 
Water Pollution Control Engineer 

PRB: ah 




Sig»9«L 


' i — i — r—i t—» r-v m xv 


'n\/ro. a MCAA/rn n o m n rnov 


“J inM icT rax/’ 


March 15, 1973 



ORDER NO. I 
Subject for change 

The use of ARMCO TRUSS PIPE 
in lieu of the specified V.C.P. 
or R.C.P. as per BOARD OF WORKS 
Letter Dated March 13, 1973 
(B.O. 91-70). 


Date 

Project Trixholme Sanitary Sewer Resolution 85 7 
Location 


Sta. 


Dr. No. S.Y. 10961 


A 


Spec. Page Noi 
Contractor i 





4 - 


pskind3asphalt Corporation 






Item 

Quantity 

Description 

Unit Price 

Total 

LUMP SUM DE] 

,ETI0N from contrac 

ITORS TOTAL BID 


$4,000.00 


















































NET DECREASE 

$4,000.00 



Clerk BOARD OF PUBLIC WORKS 


WSE-47 




R 121373 j I 1 


Board of Public Works 


rj^ March 12, 1973 


t 




Philip R. Boiler, P.E., Chief Water Pollution Control Engineer 


COMES TO: ■ 


■m%-p 

C0 

.□ 


/■ 

ir* | $ 

.j yes* u»“ / 

j.D.a, 

R.LS, 




. , Resolution No. 857 - Trixholme Sanitary Sewer 
bubifict 


Gentlemen: 

The successful low bidder contractor on this project, Hipskind Asphalt 
Corporation, has requested permission to use ASMCO Truss Pipe in lieu 
of the specified V.C.P. or-- R.C.P. 

After extensive engineering investigation of this product for structural 
strength, infiltration and acceptable, construction practices being used 
to install the. pipe,, we recommend.. to the Board that permission be granted 
to use ASMCO Truss Pipe. on this project, with the following conditions: 

1. That the three (3) year performance and guarantee bond 
be extended, to five (5) years. 

2 , That the contractor furnish, at his total expense, over 
a period of three (3) years, a pipe deflection report on 
50% of the. ASMCO Truss Pipe installed on the project, and 
that two (2) of these reports shall be required each year 
of this period. 

3*. That the City of Port Wayne shall receive a lump sum 

credit to install this ASMCO Truss Pipe of Pour Thousand 
Dollars ($4,000.00). 

4. That all the City of Port Wayne's standards and specifi- 
cations on this project shall remain unchanged throughout. 

We respectfully request your immediate action in this matter, . in order 
that the contractor may proceed with his construction of this project.. 

Sincerely yours, ' ■ k 




£ - — 

Boiler, P.E., Chief 
Water Pollution Control Engineer 

PSB : ah 

CC: Hipskind Asphalt Corporation 

6525 Ardmore Avenue 
Fort Wayne,. Indiana 


TRINITY UNIVERSAL INSURANCE COMPANY 

DALLAS, TEXAS 

MAINTENANCE BOND 

KNOW ALL MEN BY THESE PRESENTS, That we. 

Hipskind Asphalt Corp.., Fort Wayne, Indiana 

as Principal, and THE TRINITY UNIVERSAL INSURANCE COMPANY, a corporation organized under the 
laws of the State of Texas, with principal offices at Dallas, Texas, as Surety, are held and firmly bound 
unto i 

City of Fort Wayne, Indiana 

(hereinafter called the Obligee), in the penal sum of 

One hundred ninety-four thousand one hundred ninety and No/100 ($ 19ii,190.00 ) 

Dollars, for the payment of which, well and truly to be made, we do hereby bind ourselves, our heirs, 
executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 

DATED this 9th day of January 1Q 76 . 

WHEREAS, the said Principal has heretofore entered into a contract with the Obligee above 

named for 

Resolution #857 


and, .... 

WHEREAS, the work called for under said contract has been completed and accepted by said 

Obligee; 


NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION IS SUCH, That if said Principal 


shall, for a period of_ 

January in 7& 


two . . ( ,2. 1 


.years from and after the. 


9th 


day of 


.19. 


indemnify the Obligee against any loss or damage directly arising 'by reason 


of any defect in the material or workmanship which may be discovered within the period aforesaid, then 
'this obligation shall be void; otherwise to be and remain in full force and virtue in law. 

PROVIDED, HOWEVER, that in the event of any default on the part of said Principal, written 
statement of the particular facts showing such default and thedate thereof shall be delivered to the Surety 
by registered mail, at its Home Office in the City of Dallas, Texas, promptly and in any event within ten 
(10) days after the Obligee or his representative shall learn of such default; and that no claim, suit, or 
action by reason of any default of the Principal shall be brought hereunder after the expiration of thirty 
days from the end of the maintenance period as herein set forth. 


HIPSKIND ASPHALT-, COR P/ 



■ ; cm 


Treausrer 

TRINITY UNIVERSAL INSURANCE COMPANY 


By_ 


evL £L J/J' 


I. R, Handel, ATTORNEY-IN-FACr 1 


S— 3673 



POWER OF ATTORNEY 


KNOW All MEN 3Y THESE PRESENTS: 

Thaf TRINITY UNIVERSAL INSURANCE COMPANY, a Texas Corporation, in pursuance of authority granted by that certain resolution adopted at 
a regular meeting of its Board of Directors, held at the office of the Company, in the City of Dallas, Texas, on the twenty-third day of January, 1937 
and of which the following is a true, full and complete copy: 

' Resolved That the President, any Vice-President, or any Secretary of this Company be and they are hereby authorized and empowered to make execute 
and deliver in 'behalf of the Company unto such person or persons residing within the United States of America, as they may select its Power of Attorney con- 
fd.utina and appointing each such person its Attorney-In-Fact, with full power and authority to make, execute and deliver, for it. in , its name and in ,ts behalf, os 
to e tv any parhcular bond or undertaking that may be required in the specified territory, under such limitations and restrictions, both as to nature of such bond, 
or r undertakings end as to limits of liability to be undertaken by the Company, as said officers may deem proper, the nature of such bonds or undertakings and the 
limits of liability to which such powers of attorney may be restricted, to be in each instance specified tn such Power of Attorney. 

amended at a regular meeting of its Board of Directors held at the office of the Company, in the City of Dallas, Texas, on the seventeenth day of 
October, 1962, and of which the following is a true, full and complete copy: 

RESOLVED That any and all Attorneys-in-Fact and officers of the Company including Assistant Secretaries, whether or not the Secretary is absent, be and are 
KCOUL/-U, » * r . certify or verify copies of the By-Laws of the Company as well as any resolution of the Directors, having to do with the 

er e c^ion U o h f bonds, recognizances, contracts of indemnity, and all other writings obligatory in the nature thereof, or with regard to the powers of any of the officers 
of the Company or of Attorneys-in-Fact. , , , , c c 

RESOLVED That the signature of any of the persons described in the foregomg resolution may be facsimile signatures os fixed or reproduced by any form of 
typing, "printing/ stamping or other reproduction of the names of the persons hereinabove authorized. 

d "” i„. 6 » = ftfNDEL _ COLn MBUS, OHIO 


its true and lawful Atforney-tn-Fact, to make, execute, seal and deliver 


for and on its behalf, as surety in the United States of America: 


Any stud all bonds unlimited ns to amount and to be given for the following 
purposes only, to-wit: Guaranteeing the fidelity oi persons holding places 
of public or private trust; Guaranteeing the performance of contracts for 
public or private construction, including supply contracts, and all other 
bonds and undertakings required or permitted in all actions or proceedings 
or by law required. 

PROVIDED, No authority is extended for the execution of Open Penalty Bonds 

No authority is given to execute any bond wherein said attorney-in-fact appears 
as a party at interest either as principal or obligee. 

Aud tha axocution of such bonds or undsrtaklngs, in pursuanc# of these presents, shall ba os binding upon the sold Company, as fully and amply, to 
all Intents and purposes, as if they had been duly executed and acknowledged by the regularly elected officers of the said Company at its office in _ 
Dallas, Texas, in their own proper persons. 


In witness whereof, TRINITY UNIVERSAL INSURANCE COMPANY has caused its corporate seal fo be hereto affixed and these presents to be duly 

executed by its proper officer )hi s7 jUj day ofjllliS-— ' 

Aiteaf: ^ f y ^ 




L 1 C. U'emp.i. eton. Secret 31 irvy 

(SEAL) 

Stats of Texas 
-County of Dallas 


-TRINITY yjtfvlRSAi INSURANCE COMPANY 

Q (J, n 



R, M. McVhirter, 
Vice-President 

Title 




I .u_ .Wrefnrv of TRINITY UNIVERSAL INSURANCE COMPANY, do hereby certify that the original POWER OF 

ATTORNEY of which the foregoing is a full, true and correct copy, was signed by the Officers and Notary Public whose names areshown above and 
That it is in full force and effect. 

In witness whereof, I have hereunto subscribed my name and affixed the corporate seal of the Company, this ¥-1 — 


-v day of 
- 1 TSeaH 




CERTIFIED COPY OF POWER OF ATTORNEY 
SEE CERTIFICATION 



Aamii, ii.pp.r 


DIGEST SHEET 




D 


\'fX 


VS 


JS 


r\ 


■{ 


Change Order #1 on Construction of Sewer in Trixholme Addition. 

.I'lNG OUD.iNANU.fi! Board o f P ublic Works 

S3! The Sewer Engineer and Board have approved the use 


of ARMCO_ Truss Pipe in plac e of V .C.P. or R.C.P . as set out in speci fica tions. 
The approval is contingent upon a 5-ye ar guarantee bond instead of the usual 
3-year. (Copy of additional bond attached.) 

The contract in amount of $194,190.00 was approved under Special Ordinance 


S-07-73. 


•• : : "' --J T OE i J A SS.f >.GE Savings, of ci ty money in amoun t of 

of the d ifferen t pi pe is acceptable to City. 


,00. The use 


L ;l E EOT Oi 1 ' NON *~PAS5AGH__ City would lose advantage of the $4000.00 savings. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) 

Savings of $4000.00 on contract 


A S SIC :• NED TO COMM IT 


(L N. ) 



/ss 


OEDIMNGE CHECK-OFF S HEE T 


ITOFORMTIOM HSGIKDIHG CKDIWMGE CONTENTS OF ORDINANCE 




